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Contract No. IW-473 
Amendment No. 7 


21 Nov 1960 
The Perkin-Flmer Corporation 


Main Avenue 
Norwalk, Connecticut 


Gentlemen: | 


ie This decument constitutes Amendment No. 7 to Contract 
No. IW-473 between The Perkin-Flmer Corporation and the United 
States Government. 


2. Pursuant to the provisions of PART IV + REPRICING, of 
the Contract Schedule and mitual agreement between the parties hereto, 
At 4s necessary to amend the contract as follows: 


a. APPENDIX I (REVISION NO. 4), attached hereto, is added 
to the Contract Schedule. The "Contract Hourly Rates" set forth 
therein shall be fixed rates for the period commencing 1 July 1960 
and ending 30 June 1961. Paymenta made to the Contractor for ser- 
vices rendered from 1 July 1960, computed on the provisional rates 
stated in APPENDIX I (REVISION NO, 3) shall be adjusted to the fixed | 
rates established in APPENDIX I (REVISION NO. 4). | 


be. The General and Administrative Expense rate stated in 
Paragraph (b)(11) of PART ITI, CONSIDERATION AND PAYMENTS, of the 
Contract Schedule aa amended by Amendment No. 5, is shanged as of 
1 July 1960 from 20% to 214. 


3. All other terms, conditions and requirements of Contract 
No. IW-473, as amended, remain unchanged. 


kh, Please indicate your receipt of this Amendment No. 7 to 
Contract No. LW-473 and your acceptance thereof by executing the 
original and two copies of this amendment. Return the fully executed 
original and one copy to the undersigned and retain the remaining copy 
for your files. 


Very truly yours, 25X1A9a 
ACKNOWLEDGED AND ACCEPTED 
THE PERKIN-ELMER CORPORATION 


25X9A6 


